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BILL NO. S-75-lO-^o^- 

SPECIAL ORDINANCE NO. S- ^? 

AN ORDINANCE approving Change Order No. 1 in 
connection with installation of new curbs and 
wingwalks on Crescent Avenue-Resolution 
5687-1975, Contract "A" 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 to Hipskind Asphalt Corpora¬ 
tion in connection with Resolution 5687-1975, Contract "A", Heater-Scarifying, 
in the amount of $75,306.50, as set out in the specifications, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and effect from 
and after its passage and approval by the Mayor. 



APPROVED AS TO FORM 

V'DU 












Read the first time in full and on motion by , , seconded by 

, and duly adopted.: read the second time by title and referred 
to the Committee on - (amrttrg~Tf^ 

ComfiriTSTarr^f^Tecommendation) and PuBTTcTTiearina to'i3^'lTFTTr _ Ff1rer-^ notice, 

at Building, PUTtT7fay?Te^^ —-■ , 

—ekty-of —- ~ 


the 


"T9T" 


at ‘ 


o 1 clt)dt^Ttrir37Tr 

Date: O & ~e^- If" ^ 






Read the third time in full and on motion by ' 

seconded by VOv^ - 7^-^gsO , and duly adopted, placed on its passage. 


Passed (BSST^ by the foil owing vote: 

AYES NAYS ABSTAINED 


r o 


MdoLIn! I 

03 


TO-MIT 


BURNS 

HINGA 



■Passed and adopted by the Common Council of the City of Fort Wayne, Indiana 
as (Z-m ing Map t^ Cfie^ al ) ~-(Amrexatton$ (Special) (iAppr-apHxttloP) Ordinance 
(Rey'olQlJtdl; 

ATTEST; (SEAL) 

y /y//i?/ksi,'U CM 


tu-i?rsn''• No. , O ,■/f€ on the //d ay of , 197 J 

T - ''b^6yV -.-yl' 1 


Efr'^ ■ ~?e 

Trie to the Mayor of the City of tort .Wayne.,- Indiana,, on..the., 

, 197 S ~~~ , at the hour of //J^o 1 clock 




CITY CLERK 


Approved and sinned by me this 
at the hour of ^• 'M 


/e ?^^d ay of 
o 1 clock JS_»-.E.S.T, 




1976 













































































Bill No. 


S-75-10-52 


PUBLIC WORKS 


We, your Committee on 


REPORT OF THE COMMITTEE ON _ 

Public Works to w ^ om was referred an Ordinance 


approving Change Order No. 1 in connection with installation of new 

curbs and wingwalks on Crescent Avenue^Resolution 5687^1975, Contract "A” 


have had said Ordinance under < consideration 

and beg leave to report back to the Common 


r™,nr>u that said Ordinance '07^ PASS. 


Winfield C. Moses, Jr. - Chairman 

C <P'Ov< . //£• 


Eugene Kraus, Jr. - Vice-Chairman 



William Hinga 

lujlJLtwy. 7 .. 


John Nuckols 



Donald J. Schmidt 

/y 



DATE 


v/7/' 7) , 


CONCURRED IN 


-CHARLES W. WESTERN AH CITY CLERK 




































Change Order So, _1_ 

Project No, Contrac t . "A "_ 

Name of Projec t Heater-Scarifying 

To: Hipskind Asphalt Corporation 

(Contractor) 


Resolution No. 5667-1975 
Board Order No. 38-75 
Dat e 9/22/75 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item 


Description of Change 


Change in Contract Price 

No. 


Description 

Unit Price 

Decrease 

Increase 

1 

362 S.Y. 

Driveway Removal (Cone, or Asph.) 

4.00 


1,448.00 

2 

362 S.Y. 

New Residential Concrete Drive 

14.00 


5,068.00 

3 

151 S.Y. 

Yard Walk Removal 

4.00 


604.00 

4 

151 S.Y. 

1 New Concrete Yard Walk 

14.00 


2,114.00 

5 

1,695 S.Y.| 

Seeding, incl. Mulch & Fertilizer 

1.50 


2,542.50 

6 

360 S.Y. 

[ Wing Walks incl. Removal & Replace 

- 23.00 


8,280.00 



ment 




7 

15 Each! 

New Standard Inlets 

475.00 


7,125.00 

8 

2 Each! 

C.B.'s to Be Rebuilt 

275.00 


550.00 

9 

120 L.F. 

12" R.C.P. 

20.00 


2,400.00 

10 

17 Each 

C.B.'s Adjusted & Set to Grade w/ 
New'Flat Castings Furnished by 
W.P.C. Maintenance 

175.00 


2,975.00 

11 

4,900 L.F. 

Curb Removal 

2.00 


9,800.00 

12 

4,900 L.F. 

New Combination Curb & Gutter 

6.00 


29,400.00 

13 

300 Ions 

Dirt Topsoil 

10.00 


3,000.00 



Total 

Decrease 





Total 

Increase 


75,306.50^ 



Net f&e-frgeasajr (Increase) ^Contract Price 

d 

'75,306.50 


The sum of $ 75.306.50 _ is hereby (added to) (• de d u c te d f r o m) the total contract price 

and the final contract price shall be adjusted as fellows: 

Original Contract Price $ 142,611.50 

Current Contract Price Adjusted by Previous Change Order $_ 

New Contract Price Including This Change Order $ 217,917.50 


The time provided for completion in.the contract for this project is-vuttchaitgeid-) (increased) 

■fd-ee-sr-e&aed) by 30 _ calendar days due to this. Change Order. The date for completion 

of all work shall be November 1, 1975 Furthermore, this document shall become an 

amendment to the contract and all provisions cf the contract shall apply hereto. 


Recommended by: < ">^ , 

(Chief, 

Engineer) 

Accented bvN7W>/Tvi 

-4 k 


(Contractor) 

. ,, /AJ 

Approved by: <£ 



(City Engineer) 

Approved i>y: V"" 



(Owner) 


(fea 




V V.Vl 


Attested by: { 



(Clerk) 


Date_ 

Dnte_ 

Dato_ 

Date 


c ±LJ 2f2 



Date 















































Change Order No._ 


Resolution, No. 5687-1975 
. Board Order No. 38-75 
REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: Request from Board of Public Works to consider __ 

restoration of old curbing and wingwalks. This will fit in with the overall 

ae sthetic appearance of the street resurfacing. This will also widen the street 

three (3) f eet by replacing the old sandstone curb with new combination curb and 
gutter. This change order is for restoration of curbs and wingwalks along boih 

sides of Crescent Avenue from Forest to Lake Avenue.' 


2. Will proposed change alter size of the project? Yes_X- No--- 

If yes, explain 

Widening, due to new combination curb and gutter. Also, cost of project.will- 

increase. •- _;_______*- 

3. Affect On operation and maintenance co3t of this project: 

The operation of project will take one more step to replace curbs and 

wingwa lks. Also, the cost of project will increase, but the overall _ 

maintenance cost will decrease in the forthcoming years._ . _ 


n 

































DIGEST SHEET 


TITLE OF ORDINANCE Special Ordinance _ 

department REQUESTING ORDINANCE_ Board of Public Works 





synopsis of ordinance Covers Change Order #1 from Hipskind Asphalt Corporation in 
amount of $75,306.50 for Resolution 5687-1975, Contract "A", Heater-Scarifying. 

This Change Order is for the installation of new curbs and wingwalks along both 

sides of Crescent Avenue from Forest to Lake Avenue. New curbing and wingwalks 

will widen street and also improve overall aesthetic appearance. 


EFFECT OF PASSAGE Better curbing and widening of street 


EFFECT OF NON-PASSAGE Deteriorated curbs and narrower street 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $75,306.50 


ASSIGNED TO COMMITTEE 































